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BILL NO. S-75-07- 


SPECIAL ORDINANCE NO. s- 

AN ORDINANCE approving Change Order No. 1 in 
connection with Contract A, Resolution 5648-75 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Robert J. Houser in connec¬ 
tion with Contract A, Resolution 5648-75 (curb & sidewalk project) in the amount 
of $45,762.55, as set out in the specifications is hereby in all things ratified, con¬ 
firmed and approved. 


SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. \ 





PPROVED AS TO FORM 
ND LEGAUTY,. 














_ s seconded by 


Read, we fir it time in rail and on motion by_ 

and duly adopted, read the second time by title and referred 


<cJL) 


(affcHfe)ter-frHby-H an 


to the Committee on 

Commissi oft-ftyr t ecu>!!iiieildci'L' , ion j ana Kidii c Hearing to be held after r ~3UH-+eaal notice, 


the.. 


tT tv-County B u i 1 d i n Q , Fort W ay n eT’Tn'dl ana, on • 

-* - r-49?--r-a*-. ■ 


o S P 

Date: /*- i 7 - 3 


"cttttlem ' ~ 


Read the third time in full and on motion b.y_ 




Jv 




J 


seconded by 


Passed (l§§S’/ by the following vote: 


and duly adopted, placed on its passacte. 


TOTAL VOTES 

AYES 

m 

BURNS 


HINGA 


KRAUS 

a 

MOSES 

a 

NUCKOlS 

i2y 

SCHMIDT, D. 

(K 

SCHMIDT, V. 

QL. 

STIER 

y 

TAlARI CO 


DATE: 

7 "2- 2 . 



Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Z o n -rrt a Matr4-46ftft o »a l - i J.Annexat:m ti j (Special) ) Ordinance 

(Resoiuitori., No o n the t g?°7^fdf'..d .a,y of ^ _, 197 l 

/? / (SEAL) 

. _ _ _ _ _ __ _ _ __ , 

tii f T^^yrNTWlCER^ 

ted Dv me to tne Mayor of the City of rort Wavne, Indiana, -§ 0 . the ^ 3a$ i'! 

yj 7 , ! 97 S ~ at the hour of _ ' £f ^ o'clock 



Aoorbveti and si on ad by tne this 

// oo 


to- ^ ' • 'Q* ■■ ■ ■ ■ 

CITY CLERK j£ : HX yS^<- 


y '^_£i _;\s 197 

— y' , 



at tne hoi 













































































S-75-07-18 


your Corrjnittee or. 


Vi;;- REPORT OR THE COMMI- 
Public Works 


PUBLIC WORKS 


approving Change Order No. 1 in 


sd an Ordinance 

H/h-ftefflH- u L tun 5648-7 5 " 


have had said Ordinance under consideration and bag leave to report back to t-- Coxcon 
Council that said Ordinance _PASS. 


WinfieldsC. Mos es, Jr. - Chairman 

Vice - (Thai man 


Eugene Kraus, Jr. 


Jehu Xuukols 


William T. Hinga 


Dona1 d J. Schn Ldf 



^ CONCURRED IN - 

DAT ^T- .- - CHARLES W. WESTERMAN, CITY CLERK 































































■CHANGE ORDER 




Change Order No. ____ 1 

Project No. Contract "A" 

Name of Projec t Curb and Sidewalk Project 


Resolution No. 5648-1974 
Board Order No . 24-1974 

Date June 11, 1975 


To: .1, Houser. _ __ 

(Contractor) 

Gentlemen: - ‘ • 


You are hereby requested, to comply with the relieving changes from the contract;plans 
and specifications: 


Item ' 
No. 


Dascrintion of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

1,870 S.Y. 

Sidewalk Removal 

5.00 


9,350.10 

2 

3 

16,850 S.F 
1.710 L.F. 

. Curbface Walk 

Curb Removal 

1.30 

2.40 


21,905.00 

4,260,00 

4 

500 L.F. 

New 6" Capped Curb 

3,50 


1,750.00 

5 

6 

323 S.Y. 
323 S.Y. 

New 9" Concrete Pavement 

Pavement Removal 

16.00 

5.85 


5,168.00 

1,889.55 

7 

.240 S.F. 

New Concrete Structural Sidewalk 

6.00 


1,440.00 


Total Decrease 



Total increase 

Net (Decrease) (Increase) Contract Price 


45,762.55 




The sum of $45.762.55 __ is hereby ('added" to) (de d ucted . £sa ») the total 'contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 49,149.85 

Current Contract Price Adjusted by Previous Change Order $ _ 

New Contract Price Including This Change Order $94,912.40 

















































Change Order Ho, I __ 

Resolution Ho. 5648-74 - 

Board. Order No - 24-74 _ 

REQUEST AHD JUSTIFICATION FOR CHANGE . . . •- • * - - 

1, necessity for change: A more complete resLoration or 3-i.ea ior underground 

wiring for street lighting which necessitated more curb removal and sidewalk. 


Paraplegic ramps on corners and trees were also added to area.- -.— 



2. Will proposed change altar siza of the project? Ye s X Ho_ 

If yes, explain 

Paraplegic ramps, more curb and sidewalk, including trees. 


3, Affect on operation and maintenance cost of this project: 

Operation will stay the same, more cost involved for added changes. 


'sail 




Engineer 




































DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Covers Change* Order #1, Contract A, Resolution 5648-75 
(curb & sidewalk project) from Robert J, Houser in amount of $45,762,55. A more 

complete restoration of area for underground wiring is necessary for street lighti ng 

which necessitated more curb removal and sidewalk,, Paraplegic ramps on corners 
and trees were also added to area, 




EFFECT OF PASSAGE Completion of necessary work, 


EFFECT OF NON-PASSAGE Unable to complete project in satisfactory condition, 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $45,762,55 cost to City 





ASSIGNED TO COMMITTEE 






























